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MEMORANDUM FOR THE RECORD: 


SUBJECT: Amendment Ne. 2 to Contract No.| F899 with Bycon 
Mfg. Co. « Project _ 25X1A2d1 


i. This memorendum contaings a recommendation submitted for 
pang pl pera egal lala hte Such recommendation = 
geutained in paragraph 


&. Definitive Contract No. F899 covers training of basic 
field service teams to service and maintain photographic equip- 
ment being procured under Contract No. SC-21-94 with the Perkin- 
Eimer Corporation, under which the Hycon Mfg. Company is a sub- 
eortractor. Amendwent Jo. 1 to the contract provides for 
. ca 5 number of personnel from thirty (30) to thirty- 

oar 


3. The present contract expires on 1 December 1956, but 
provides for the right to renew to Fume 30, 1958. ‘The aise 
Amenfnent No. 2 covers an extension of the contract te 30 June 
1957 but does not provide for additional fumds. The funds for 
thie contract are summarized as follow: 


es 1955 « Amount oe » « $134,200 
1956 « Amount Pineal + + 239,785 
POTAL 2c ec ee et ee + 0O3979,985.00 


Net Payments to Hycon .. . pier gerd 
10% Withholding... -.. 4506. 
foetal Eycon Billings * *8 #& oe « 5 


Payments to Reynolds Elec. 
Go. for meals, etc. for 
Byoon personne) 6 .60 


Total amount clatmed*® . . 2.5 5 2 ewes $251,863.25 
*Ineludes 10% withholding 


Aneunt available for services 
MENT NO. St period 1 Dee .56 to 4) June 57 7 6 © * 8 $122,061.75 
no iN GLASS. a 
Tr] BECLAS 
CLASS, CHANGED 


HEXT REVIEW DATEA 
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pate: 28/1 nevieweR:_ 0645 


elease 2000%9MhtuaelA-RDP81B00879R000500070276-3 
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Tt ds felt that the unliq<uidated amount set forth above is 
adequate for the services to be rendered during the extended 
period 


* ¢ 


4, It te reacmended that you approve the signing of 
Amendment No. 2 to Contract Mo. #599 by the authorized. Project 
Contracting Officer of the Agency. 


Sy 


25X1A9a 
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25X1A2d1 
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